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ACTION L-03 
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R 152043Z APR 76 
FM AMEMBASSY LONDON 
TO SECSTATE WASHDC 0867 

UNCLAS LONDON 05919 

FOR: OFFICE OF LEGAL ADVISOR 

PASS JUSTICE, ATTENTION CIVIL DIVISION 

E.O. 11652: N/A 
TAGS: ASUP: UK 

SUBJECT: CONSTRUCTION U.S. TRADE CENTER LONDON. DISPUTE 
BETWEEN PRINCIPAL AND NOMINATED SUB-CONTRACTORS 

REF: LONDON'S 5209 

1 . CONTRACTING OFFICER AND USTC DIRECTOR HAS MET WITH 
FISHER GROUP TO DISCUSS HE VAC SYSTEM PROBLEMS MAINLY 
RESPONSIBLE FOR DISPUTE. SUCCESSFUL CONCLUSION WITHOUT 
LITIGATION IMMINENT. 

2. CONTRACTING OFFICER AND USTC DIRECTOR ALSO MET WITH 
PRINCIPAL CONTRACTOR, EUSTACE & PARTNERS, REGARDING 
SUB-CONTRACTORS' CLAIMS FOR ADDITIONAL COSTS. 
RECOMMENDATIONS RESULTING FROM MEETING WERE: 

A) CLIFFORD CEILINGS BE REQUESTED TO SUBSTANTIATE 
CLAIM WITH POSSIBILITY OF SETTLING FOR POUNDS 
1,750.00. 

B) OFFER POUNDS 500.00 TO FISHER GROUP IN SETTLE- 
MENT. 

C) OFFER POUNDS 200.00 TO VENN. 
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3. ALL SETTLEMENT FIGURES APPROXIMATELY 50 PER CENT 
OF CLAIM. 

4. POST WILL CONTINUE NEGOTIATIONS INFORMING YOU 
ACCORDINGLY. 

SPIERS 
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Current Classification: UNCLASSIFIED 

Concepts: n/a 
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Copy: SINGLE 

Draft Date: 15 APR 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976LONDON05919 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D7601 44-0878 
From: LONDON 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t19760458/aaaabxdq.tel 

Line Count: 68 
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